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BILL NO. 5-75-08pj^ 


SPECIAL ORDINANCE NO. S- 




AN ORDINANCE approving a contract with HIPSKIND 
ASPHALT for Resolution 5680-75, St. Joe 
Road Improvement 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 


WAYNE, INDIANA: 


SECTION 1. That the contract dated July 24, 1975, between the 


City of Fort Wayne, by and through its Mayor and the Board of Public Works 
and HIPSKIND ASPHALT, for: 

Resurfacing and widening St. Joe Center Road from a point 
approximately 200 feet east of St. Joe Road to the west right- 
of-way line of Reed Road 

for a total cost of $133,792.80, all as more particularly set forth in said contract 
which is on file in the Office of the Board of Public Works and is by reference 
incorporated herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 


SECTION 2. This Ordinance shall be in full force and effect from 


and after its passage and approval by the Mayor. 



Councilman 








Read me r i s hi m 


in fuii and on motion by_ 


, seconded by 


<s and duly adopted, read the second time by title and referred 

to the tv nrmtXv on _ . __ fin d ~ . -f . h^-C 44y-feLa n 

Comnrrs^tef i '-'f- e - f . < e -fe e^m efrdtr fc \ oc - j —gnid-^b44^--He-arma, to he held after due leaal notice, 

at tfa.e . C. oi i nr„e^__jndi ana, on__ 

-ftf- 


3 ■'rreyrrarTTE. i 

Date : f - f > - 7->~ 


Read the third time in full and on motion by 
D 


seconded by V.__ 






- 


and duly adopted, placed on its passage. 


Passed ye0§4y; fey me tot lowirm vote: 

NAYS ABSTAINED 


TOTAL VOTES 

AYES ; 

If 

BURNS 

yy 

HINGA 

ee. 

KRAUS 

X 

MOSES 

X 

NUCKOlS 

X 

SCHMIDT. D 

X 

SCHMIDT, V, 

X 

ST1ER > 
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CH 


Z-ac-tst 


FCX 


_ 

city clerk 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as t Zon i m Ma o I i Qa ia m i). (An nex-at) on) (Special) (..Ap-pLco-p^4-ert-T©rr) Ordinance 
vRese'knr r :;n No jp4-/S • o n the XX? d ay of ■&*%*&** , 1 91 S ~. 

ATTEST:^ (SEAL) 

X-XX 




^mmwwFK 

-m mcX >/ ’ e lo tne Mayor of the City of Fort Uavne, *Indiafe|fe on the ^ 
day m / ' <- 



X : r. 


197 ET~ - , at the hour of /O- 0& o j c1ock 

^ X/I XXeX^ 


CITY CLERK 

AoprOvea add stoned by me this ^7^ d a.v of 
at tne 


u u r u </ c u a m u o i Mil cu uj 11 (c onto r~>c ^ 

hour or o<t ' cj U _o l-cl ock_ _X 


, 197JZ 









































































Bin No. S-7 5-08-?? , 

REPORT 0? THE CQMilTTZE CM '' PUBLIC ftO&g- 

Qn Public Works to whoa was refer rad a a Ordinance 

approvi ng a contract with HIPSKIND ASPHAI T fnr Resolution 5fia£b25 J -&L— 
Joe Road Improvement _—— 


^ had said Ordinance under consideration and beg leave to report back to the Co.ncon 




































































THE CITY OF FORT WAYNE 

board of public works 



July 25, 1975 


The Common Council 
Fort Wayne, Indiana 

Gentlemen and Mrs. Schmidt: 


The Board of Works has awarded contracts on the following projects: 


RESOLUTION 

NUMBER_ PROJ ECT CONTRACTOR AMOUNT 


5686-75 

5683-75 

^ 680-75 


Monroe St. NPI 
Gaywood Dr. Sidewalk 
St. Joe Road Improvement 


L. W. Dailey, Inc. $168,908.00 
L. W. Dailey, Inc. $ 23,039.30 
Hipskind Asphalt $133,792.80 


- Also - 


Civil City Purchase Order 3-31212 Ewing Nursery & $ 2,534.42 

for landscaping Mini Park at Wells Landscaping, Inc. 
and Third Street which was handled 
by Invitational Bid. ' mr ' " 

Since contractors are most anxious to proceed with these projects, the 
Board requests "Prior Approval". These will be submitted for formal 
approval August 12, 1975. Attached are tabulation sheets. 


Sincerely, 


BOARD OF PUBLIC WORKS 




JDB:bt 
cc: Mayor 
Attachments ' 
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CONTRACT 


CITY PAID 

SUBJECT TO COUNCILM ANIC APPROVAL 

Preliminary Meeting _ 

Ratification _ 


Wqis 


made and entered into t'nis. 



by and between. 


----—HIPS KIND ASPHALT CORPORATION- 

hereinafter called “Contractor" and the City of Fort Wayne, Indiana, a municipal corporation, herein¬ 
after called “City," under and by virtue of an act of the General. Assembly of the State of Indiana, 
entitled “An Act Concerning Municipal Corporations,” approved March 6, 1905, and all amendatory 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agTees to im- 

prr.v» p - es * No » 5680-1975; for resurfacing and widening St. Joe Center Road from a 

point approximately 200 fest east of St. Joe Road to the west right-of-way line 

of Reed Road. 


by grading and paving the roadway to a width of: 


feet with. 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and'to the entire satisfaction of said City, in accordance with Improve¬ 
ment Resolution No. - 


at the following prices: 


Common excavation 

Five dollars and no cents, 
per cubic yard 

5.00 

Pavement removal 

Three dollars and no cents, 
per square yard 

3.00 

#73 stone 

Seven dollars and no cents, 
per ton 

7.00 

Hot asphalt #4 binder 

Nineteen dollars and ninety 
cents, per ton 

19.90 

Hot asphalt #9 binder 

Nineteen dollars and ninety 
cents, per ton 

19.90 

City Mix A-2 

Twenty one dollars and no 
cents, per ton 

21.00 

Liquid asphalt tack 

Sixty cents, per gallon 

.60 



























ft !'6 stone 

Seven dollars and no cents, 
per ton 

7.00 

Hot asphalt #4 binder 

Nineteen dollars and ninety 
cents, per ton 

19.90 

Hot asphalt #9 binder 

Nineteen dollars and ninety 
cents, per ton 

19.90 

City Mix A-2 

Twenty one dollars and no 
cents, per ton 

21.00 

Liquid asphalt tack 

Sixty cents, per gallon 

.60 

12" corrugated metal 
pipe 

Twelve dollars and no cents, 
per lineal foot 

12.00 

Cleaning and ditching 
incl. shoulder work 

One dollar and no cents, per 
lineal foot 

1.00 

Road oil for stone 
shoulders 

Forty cents, per gallon 

.40 

Manholes adjusted and 
set to grade 

One hundred seventy five dollars 
and no cents, per each 

175.00 

Water valves adjusted 
and set to grade 

Forty dollars and no cents, 
per each 

40.00 


The Contractor will furnish immediately a certificate from the Industrial Board of 
the State of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen's 
Compensation Act, approved March 14, 1929, in accordance with Section 14 of the 
Compensation Act (Acts 1929, page 545, being Section 9459 of Burns Annotated 
Statutes, Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII). 


A copy of General Ordinance No. G-60-66, concerning discriminating in employment 
under municipal contracts, is attached and incorporated herein by reference. 



The Contractor hereby expressly agrees to perform all the work in the prosecution of the above 
described improvement according to the terms and conditions of Improvement Resolution Nos?680 -19 75 
the plans, profiles, specifications and the contractor’s bid therefor on file in the office of the Department 
of Public Works of said City, which said resolution, profile, plans and specifications are made a part of 
this contract as fully and effectually as if copied herein at full length, (copies of which are attached 
hereto). 

It is hereby agreed that no assignment of this contract shall be made without the written con¬ 
sent of the City ; sajd Contractor hereby covenants, and agrees that said improvement shall be finally 
within 45 days after CounciImanrc approval 

and in all respects completed on or before.- L -, 19-and the Contractor agrees to pay and 

give to the City, as liquidated damages, the sum of $25.00 for each and every day after said 

_ date _19._until said work is finally completed and ready for acceptance by the City. 

It being also understood that in event of any conflict between this contract and the specifications, that 
the former shall be considered to contain the intention of the parties hereto. 


It is further agreed by and between said parties, that the acceptance of the work provided for 
in this contract, or the payment therefor, for the whole or a part, shall not constitute a waiver on the 
part of the City of any of the provisions of the contract, nor shall it release said Contractor, or the 
sureties upon its bond for the faithful performance thereof, nor shall the acceptance be even prima fade 
evidence of the performance of any provisions of such contract except to the extent of entitling said 
Contractor to receive the price therefor. It is further understood that the failure of the City to exercise 
its right of inspection or rejection of material and work, or the exercise of such right shall not in any 
sense be considered an acceptance of any part of said work or material* 

The Contractor further contracts and agrees that in the prosecution of said work all proper 
skill and care will be exercised, that said party will properly and fully guard all excavations and 
dangerous places, and will use all due and proper precautions to prevent injury to any property, person 
and persons, what or whomsoever. That for and during the period of the making of such improvement, 
and the period for which the same is to be maintained and kept in repair by the Contractor, the City 
shall be saved harmless from any and all liability whatsoever growing out of any injury or damage to 
property or persons because of any neglect, or fault of the said Contractor,-its agents or employees, in 
the execution of this contract or any matter connected therewith or related thereto and to pay any 
judgment with costs which may be obtained against said City, growing out of any such injury or'damage. 


To each of the conditions and stipulations in this contract, the undersigned bind themselves, their 
successors and assigns. 


IN WITNESS WHEREOF, we the foregoing named parties hereunto set our hands this. 


day of— 


WHE3 


, 19. 


>2l 


is^Z 


HI PS KI.ND ASPHALT CORPORATION 

BY: 

■TTS, ffW 

Contractor, Party of the First Part. 


Citawrf Fort Wayne, By and Through: 



It^Board of Public Works and Mayor. 






















l32apir<OT©saa©Mi ESes©l in tfism 

FOR STREET OR ALLEY 


K O A 

No._ ° _1975 

RESOLVED BY THE BOARD OF PUBLIC WORKS OF THE CITY OF FORT WAYNE, INDIANA, 
That it is deemed necessary to improve by resurfacing.and.widenjjig_St. Joe Center Road_ 


M le -.- 


from a 

point aDDroximate.lv 200 feet east of St. Joe Road 



to the 

west riaht of wav line of Reed Road 







By draining, curbing, grading and paving the roadway to a uniform width of— twenty ., four -(24 ) feet 

with Sheet Asphalt, Asphaltic Concrete upon a six (6) inch Concrete foundation. Six (6) inch Plain Concrete 
or with 8" Macadam, 2" Binder andl" Asphalt Top. 

Overall four ( 4l foot widening with 6 11 Hot Asphalt B inder.. #4 .;-*—,— 

A wedge course, variable in depth each side, of Hot Asphalt #4 Binder 

An overall lav of 3*’ Hot Asphalt #9 Binder...i 

An overall lay of 1" - Hot Asphalt City. Mix A-2-.T.cm 


all in accordance with the profile, detail-drawing and specifications on file in the office of the Department of 
Public Works of said City; and such improvement is now ordered. 


It is hereby found by said Board of Public Works that all benefits accruing- 
hereunder will be to the general public of the City of Fort Wayne and that no 
special benefits will accrue to any property owner adjoining' said'improvement 
C r otherwise assessable• under said improvement. The cost of said Improvement 
shall be paid by the City of-Fort Wayne, Indiana, from appropriate funds. 



BOARD OF PUBLIC WORKS: 
































GUARANTY BOND 


Sama All !S?rt bij |lr?s*nta, That we T"" " ~ rr ~ ~ 

-HIPSKIND A SPHALT CORPCRA lION- fkmtractnr* 

as principal, -r H TRINITY UNIVERSA L INSURANCE CO. of .DALLAS , TEXAS— 


Las surety 


are held and firmly bound to the City of Fort Wayne, Indiana, in the 


Three Thousand Seven Hundred Ninety Two D ollar s and Eighty Cents-:-- , — . -r . -r------ - 

_^ 33 , 792 . 80 ^ 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said ~ ~ 

—HIPSKEND ASPHALT CORPORATION-'- 


■■did on <the—*-------day of--- 

" . _ ' _, enter into a contract with the City of Fort Wayne to construct a 

. :\’l \ _____ Pavement 

TV _ • '. _ Em&m&C .Res. No., 563Q-1975.a-f.or- 

.resur facing and widening St. Joe Center Road from a point approximately 200 feet 

east of St. Joe Road to the west right -of-way li ne of Reed Road. _ - . - _ 


_ ' _according to certain plans and specifications, and 

for a period of three (3) years 

also warranting and guaranteeing the wor'/, material and condition of the pavement thereof as provided 
in aforesaid contract and specifications. Now if the said."nr." - ~ 

HT PSKTHD ASPHALT C0RPCRATI0N-- — -shall faithfully perform and fulfill all the require¬ 

ments of said warranty and guaranty, and make all repairs required under said guarantee, and in the 
'' ‘ * - then this bond to be null and void, otherwise to be in full force and effec*- 


manner provided for, 

WITNESS our hands and seals this. 



i iiiN! 1V 'UNIVERSAL INSURAPjpE^M]?^ ^ S ™ 

x^ll 

> ;(Attorney-in?Fac$ jyg 

. approved this-- 


(SEAL) 





\ .. tA\ n Wt - 

T Board of Public Works. 




























































LIABILITY BOND 


K tmtm All £g.tn fcg Elrest That we"- :: ,-""-""-— 

-HIPSKIND ASPHALT CORPORATION-r- 

as principal, ar..* TRINITY UNIVERSAL INSURANCE CO. of DALLAS, TEXA S- 


as sutdiy, are' held, and firmly bound to the City of Fort Wayne, Indiana, in the sum of Q ne .. ffiy?Ared —. 

Thirty Thrfre N ^Thousand Seven Hundred Ninety Two Dollars and Eighty Cents- 

fof tl/e payment" of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executbrs, administrators and assigns firmly by th ese presents. 


133,792.80. 

. ~~"ZZZ Z ^~ZI~7~ I ■ -—--— . - . --r-7-"7 - T="r" <$-) 

The conditions of the above obligation are such, t hat if the above named party of the first part shall 


faithfully comply with the foregoing contract made and entered into the. 


day o f _, with the City of Fort Wayne, Indiana, and shall faithfully fulfill 

all the conditions and stipulations therein contained, except the warranty ana guaranty of the pave¬ 
ment as to the workmanship, material and conditions for the period of three.(3) years, according to the 
true intent and meaning thereof in ail respects, then this obligation to be void, otherwise to be and re¬ 
main in full force and virtue in law and in the even t the said City shall extend the time for the comple- 





V_ 

Board of Public Works. 


COMPLETED IN STREET ENGINEERING OFFICE 


JUNE 30, 1975 

















































‘CODS: S-SKILLED 

SS-SE-il SKILLED 
US-UNSKILLED 
IE-INDUSTRIAL FUND 
PW-PER WEEK 

schedule of the prevailing 

AWARDED 


Wa, the undersigned committee, being appointed to prepare a schedule of the: prevailing 
' 3 to be paid in connection with, ALL CONSTRUCTION AND MAINTENANCE PROJECTS TO bL AWARD 
bY CONTRACT FOR THE BOARD OF WORKS, CITY OF FT. WAYNE, INDIANA DURING ThE MONTHS Ol- APRIL, 

MAY AND JUNE, 1975. , c - 

in compliance with the provisions of CHAPTER # 319 of the acts of the GENbRA. ASSEMBLY of 
0 ^ -. schedule as hereinafter set forth for the following trades 


INDIANA, 1935, have established 
to wit; 

ASBESTOS WORKER 
BOILERMAKER 
BRICKLAYER 

CARPENTER (3UILDI1G) 

(HIGHWAY) 

CEMENT MASON 
ELECTRICIAN 
ELEVATOR CONSTRUCTOR 
GLAZIER 
IRON WORKER 

LABORER (BUILDING) 

(HIGHWAY) 

(SEWER) 


MILLWRIGHT & PILEDRIVER 
OPERATING E MS I NE'ER 


(BUILDING) 

(HIGHWAY) 

(SEWER) 


PAINTER 

PLASTERER 

PLUMBER & STEAMFITTER 
MOSAIC 6. TERRAZZO GRINDER 
ROOFER 

SKESTMETAL WORKER 
TEAMSTER 


(BUILDING) 

(HIGHWAY) 


CLASS 

S 

f 

t ATE PER HR. , 

9.95 

35 c . 

55C 


t-VUl-x — 

3K .— 

s 


10.05 

50 

1.00 


1C 


s 


8.89 

30 

25 


1 


s 


8.31 ' 


6% 


u 

2if 



9.01 

1 u ~ 

40 


5 

21 f 

s 


8.30 

40 





s 


9.10 

30 

l%->30 


4 


s 


8.77 

44*; 

29 

7% ’ 

2 


s 


8.24 

12 


25 ‘ 

4 

35Choliday 

S 


9.70 

55 

65 


1 


S-SS 

US 


5.95-6.25 

35 

30 . 


2 


C T!C-' 

ss 

5.90-6.05 

35 

30 


L Z 


a nc-tSS 

6.25-7.33 

35 

30 


7 

1 

s 


8.20 


25 


1 

3i£ 

s 


8.64 


6% 


4 

2 if 

S-SS 

US 


6.75-9.15 

A0 

40 


' 5 | 


S-SSH 

iUS 

6,61-8.30 

30 

30 


5 i 


S-SS-IUS 

7.07-9.27 

40 

40 


5 ) 


s 


7.49-8.49 

32 

25 


7 


S 


7.91 

40 




i 

s 


9. 20 

30 

65 


7 

4if 

s 


6.65-8.50 






S 


8.40 


10 




s 


9.19 

35 

30 


4 

9if 

S-SS 

US 


6.68-7.63 

l6ow 

i 17nw 




S-SS- 

.us 

6.56-7.16. 

lopv i 17pw 

| 

yjz wa r.P 

cr AT r 

I 

RHAT.T. HE 


JL~ PSly LLIWDU JLWVi -- --- - ^ 

PAID The nbove and forgoing shall shall be the minimum prevailing wage scale ror tn.s project 
a3 set by the wage scale committee, but in no way shall it prevent the contractor or sub¬ 
contractor from paying a higher rate of wages than sat out in tna schedule o*. 'wages on file. 


-A ■ 

DATED THIS DAY DAY 0? 


. i9 ~JS 


T- 


N r. 






REPRESENTING GOVERNOR, STATE OF INDIANA 


\ 


REPRESENTIN'* 
.ttA* .. 


■ THE AWARDING /GENT. 









































































TRimiWlNiJERSlL 


POWER OF ATTORNEY 



TERRENCE J. WARD - FORT WAYNE, INDIANA 


Any and all bonds unlimited as to amount and to be given for the following 
purposes only, to-witr Guaranteeing the fidelity of persons holding 
places of public or private trust; Guaranteeing the performance of contracts 
for public or private construction, including supply contracts; and all 
other bonds and undertakings required or permitted in all actions or 
proceedings or by law required. 


PROVIDED, No authority is extended for the execution of Open Penalty Bonds. 


No authority is given to execute any bond wherein said_attorney-in-fact 
appears as a party at interest either as principal or obligee." 




CERTIFIED COPY OF POWER OF ATTORNEY 


SEE CERTIFICATION 


































































































































DIGEST SHEET 


TITLE OF ORDINANCE Special Ordinance _ 

DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works 

SYNOPSIS OF ORDINANCE Covers contract with Hipskind Asphalt in amount of $133,792 .80 
for Resolution 5680-75, St. Joe Road Improvement.» 


J, 




SEE "PRIOR APPROVAL" AND BID TABULATION ATTACHED 


EFFECT OF PASSAGE Completion of work on approved project. 


EFFECT OF NON-PASSAGE Failure to complete work on approved project. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $133,792.80 


ASSIGNED TO COMMITTEE JUk 





























